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Contract No. DKN -3667 
Amendment No. 1 

Lockheed Aircraft Corporation « 

Burbank * JS6g 

California. 

Gentlemen: 

1. Reference is made to Contract No. DKN -3667 dated 26 June 1964. 

2. The Scope of WorkwasreducedastheGovernmentdidnotfurnish^ 

led information on 


3. The period of performance is hereby extended through 17 December 

1965 . 

4. Pursuant to the provisions of PART IX, RETROACTIVE PRICE RE- 
DETERMINATION AFTER COMPLETION, the parties hereto have agreed upon a fixed 
price of $18,450.00 for performance of the work performed hereunder. 

5. The above results in a net decrease of $41,550.00 or a final total 
consideration of $18,450.00. All other terms and conditions, as amended, 
remain unchanged . 

6. Please indicate your receipt of this Amendment No. 1 to Contract 
No. DKN -3667 and your acceptance thereof by executing the original and two 
copies of this amendment. Return the fully executed original and one copy 
to the undersigned, and retain the remaining copy for your files. 

Very truly yours, 

THE UNITED STATES OF AMERICA 


Contracting Officer 

25X1 A 

TITLE Vice President 

DATE l6 May 1966 


ACKNOWLEDGED AND ACCEPTED 
LOCKHEED AIRCRAFT CORPORATION 
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